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BILL NO. 5-86-0705 


SPECIAL ORDINANCE NO. S- AEM 


AN ORDINANCE approving Change Order 
No. l, Woodhurst-Belmont, Phase I, 
Res. 417-85, Sewer Project, with All 
Star Construction, Inc., in connection 
with the Board of Public Works and 
Safety of the City of Fort Wayne, 
Indiana. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, Woodhurst-Belmont, 
Phase I, Res. 417-85, Sewer Project, with All Star Construction, 


Inc., in connection with the Board of Public Works and Safety of 





the City of Fort Wayne, Indiana, for: 


This Change Order is necessary because 
during the course of bidding for subject 
project, we were in constant negotia- 
tions with four property owners in order 
to obtain easements and right-of-entry 

to lessen the cost of subject project. 
The City of Fort Wayne was unable to 
obtain said right-of-entry and ease- 
ments from all four property owners in 

a satisfactory manner. Therefore, the 
City relocated subject storm sewer with- 
in the. public right-of-way. | This-reloca- 
tion caused a re-alignment of the center- 
line of the storm sewer making it ne- 
cessary to install the structures pro- 
posed on this change order; 





involving a net increase of One Thousand Nine Hundred Thirty-Six 
and 86/100 Dollars ($1,936.86), all as more particularly set fort 
in the specifications, and which is on file with the Office of 
the Board of Public Works and Safety and is by reference incor- 
porated herein, made a part hereof and is hereby in all things 


ratified, confirmed and approved. 


SECTION 2. That this Ordinance shall be in full force 





APPROVED AS TO FORM 
AND LEGALITY 









Bruce O. Boxberger, City Attgrney 







Read th irst time in full and on motion by (Pe ett) : 
seconded by FA. CAN 7 and duly adopte read tne second time 
by title and rérefred to the Committee (and the Cit 


Plan CoOnmissron tor recommendation) ang: Public’ HAr ing “to oe he 
due leqal notice, at the i 
Indiana, on 
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Ga oa 


Fort Wayn 
day of 
7 ES) AP ate O‘ glog a Mise RE 


SANDRA E.- KENNEDY, CITY CLER 


Read the thi ime in full and on motion by 
seconded by , and duly adopted, placed on its 
passage. PASSED (LSP) by the following vote: 
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NAYS ABSTAINED ABSENT TOSWIT: 





TOTAL VOTES 





BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 
REDD 
SCHMIDT 
STIER 
TALARICO 


pate: J-A - AE ie es gs 


SANDRA E. KENNEDY, CITY CLERK 


EAST CECI Lele dg hs 





Passed and adopted by the Common Council of the City of Forte 
















Wayne, Indiana, as ( F Bas A 
(SPECIAL) (ZONENG MAP) ORDINANCE ( ae 
on the ED) oe) day of . ipa: 


ATTEST: 


SANDRA E. KENNEDY, CITY >- 


Presented by me to the Mayor ofthe City of Fort Wayne, Indiana, 


on the oF 2L day of 


at. the hour:of HE JO ‘ i -~ & 
; f ee SN e 


SANDRA E. T CITY CLARK 


A ; 
Approved and signed by me this Ae Bo -Aay of Yela 7 








19 4 F at the hour of ore o'clock r Me ys seed te 
| Se 


WIN MOSES, JR., MAYOR 


CHANGE ORDER 








Change Order No. 1 Resolution No 417-1985 
Project No. Board Order No. 193-85 
Name of Project: Woodhurst-Belmont Phase I Date: 
TOs ar Constructio Toci 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 











Trem | —___ Description of Change | Change in Contract Price 
No. 
















BEA 
aes 


The sum of $_1;936.86 is hereby (added to) (@@GG0DeGORR0M the total contract price 
and the final contract price shall be adjusted as follows: 


Total Decrease 





Total Increase 





Net (RBEEXEHEEYXXncrease) Contract Price 


Original Contract Price 
Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


$ 1274215400 
1,936.80 
$ 128,351.86 


The time provided for completion in the contract for this project is (unchanged) (increased) 
(decreased) by calendar days due to this Change Order. The date for completion 
of all work shall be - Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 






Recommended by: Chief Engineer 


Date_ 27 Tuwe /98¢ 


Seat Contractor Date FIJE : 


Accepted by: ( VAY OT er 
fed, 


Approved by: i AC i i City Engineer Date 27 Towe /?28C 


Approved Lat TE £ Owner Date 1 ea ce 
Vers (A 
BOAR QU) 
LA 
ADA Q 


ANOA 


Za 
Attested by: NG hows Lok rut AAEE R erk Date 7~ A~RC 





T; 


oe 


Change Order No. 1 
6 Resolution No. 417-1985 
Board Order No. __ 193-1985 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change:__ During the course of bidding for subject project, we were 


in constant negotiations with four property owners in order to obtain easements and 


right-of-entry to lessen the cost of subject project. The City of Fort Wayne was 





unable to obtain said right-of-entry and easements from all four property owners in 


a satisfactory manner. Therefore, the City relocated subject storm sewer with in the 





public right-of-way. This relocation caused a re-alignment of the centerline of the 





storm sewer making it necessary to install the structures proposed on this change 





order. 











Will proposed change alter size of the project? Yes No X 


If yes, explain 








Affect on operation and maintenance cost of this project: 





N/A 

















Lorry om ` 


Admn. Anpr. 


TITLE OF ORDINANCE “ Change Order #1, Woodhurst-Belmont Phase I, Res. 417-85 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety A 6 -07-0f 


SYNOPSIS OF ORDINANCE Change Order #1, for Woodhurst-Belmont, Phase I, Res. 417-85, 








Sewer Project is necessary because during the course of bidding for subject projec 





we were in constant negotiations with four property owners in order to obtain 





easements and right-of-entry to lessen the cost of subject project. The City of 





Fort Wayne was unable to obtain said right-of-entry and easements from all four 





property owners in a satisfactory manner. Therefore, the City relocated subject 





storm sewer with in the public right of way. This relocation cause a re-alignment 





of the centerline of the storm sewer making it necessary to install the structures 





proposed on this change order. All Star Construction is the Contractor 





EFFECT OF PASSAGE To facilitate completion of project. 





EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $1,936.86 


ASSIGNED TO COMMITTEE 


BILL NO. —ecan7s 


REPORT OF THE COMMITTEE ON CITY UTILITIES 
WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
Re SRS i a E achat ts Seo i OE 


REFERRED AN (ORDINANCE) ( BESOLIXKEOM) approving Change Order ' 


1, Woodhurst-Belmont, Phase I, Res. 417-85, Sewer Project, 
with All Star Construction, Inc., in connection with the Board 


__of Public Works and Safety of the City of Fort Wayne, Indiana 
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HAVE HAD SAID (ORDINANCE) (RES@HOKKSY) UNDER CONSIDERATION AND BEG 








LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 





(RESRXXXLONY 
YES NO 
og eS NO 
a ge Aa se e Toa i 


a 

S K THOMAS C. HENRY 
ES ep E. VICE CHAIRMAN 

) 

ia ee BEN A. EISBART 


lp SVP, JAMES S. STIER 


P (| AJ P C Je A 
MAb. ANE vie ttl MARK E. GiaQUINTA 
p } ` 


CONCURRED IN / RTE A SANDRA E. KENNEDY 









CITY “CLERK 


